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GUB « 
Copy 
26 March 1959 
MEMORANDUM FOR: Chief, Contracts Branch, DPD-DD/P? 
SUBJECT : Convair, Fort Worth Project GUSTO Contract 
REFEREES : Ae 10 March 1957 
B. IM 05265) dated 27 Feb 1959 
Cy Thermoteax copies of Schedule ami Costa 
1. ¥e were advised of an apperent overrmm in ome of the tasks 
celled for in current GUSTO contract with Convair, Fort Worth. This 


was reported by Reference B as being additional work in the area of 
redar model modification em additional test work. Reference A re- 
quests conment or cm statement of work and schedule for 41/2 
nouwrths beginning 1 Jemuary 1959 for the Convair, Fort Worth GUSTO 
wor, The thermofax pepers update and explain in greater detail the 
work to be done by Convair under this program. 


2, T concur in the sence of Reference B that the radar model 
modification and test work does constitute additional work over and 
above thet contemplated at the tine of original contractual negotia- 
tions mrior to 1 Jamary 1959. The statement of vork anclosed with 
Reference A is entirely satiefactory with the stipulation that the 4 
thernefax papers be included as my necessary for any definitize- 
tion af the Convair contrac i thet an additional 


change in the amamt of| st mpd’ in these 


3. To recapitulate the status of changes which have occurred 
since i January -- 
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Change Ho. 1 -- the aaount of including fee is 
sided to Convair wark to ’ inlets and equi- 
valent amount cf money and this work ves subtracted from the 
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15 February referred to in Reference in- 
cluding fee covers unmnticipated new vork in the radar 
nodel task and 25X1 


Changs Ho. 3 -~ the total covers additional 
unanticipated new work again model task tieu 
15 May and is approved in the technical sense. 


dag Megha cn eng nes igre ship at tyr yonder peer 


beceuse of underages in other tasks the overall contract price, 
including Change No. 1, my not in fact be exceeded by 15 May. oe 
k. It is requested that you keep in weekly touch with Convair in 
orders to verify this last point and alec in order that we may be avare 
of any need to institute a revised program approval to cover _this work 
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Chief, R& D, IgD-DD 


At : 
cy ], GU8-0170 w/att 
thermofax papers 


BPK rem (26 Mer 1959) 
1 - C/Coxtracts Branch, DPD~DD/P 
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